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MEMORANDUM FOR: Chief, Physical Security Division, 0S 


FROM: fees STATINTL 
Chief, Real Estate and Construction Division, OL 


SUBJECT: Project SAFE Site Surveys 


1. Action Requested: Physical security and safety 
survey of approved Locations for Project SAF! computer center 
and its supporting utilities. 


2. Background: Project SAPE is a large complex com- 
puter systen tain developed for the DDI, Approximately 
21,000 sq. £t. have been identified for the SAFE computer 
center and the Uninterruptible Power Supply (UPS) systems 
supporting it. The attached annotated building plans 
indicate the location on the ground floor of the northeast 
corner of the Headquarters Building which has been approved 
by the DDA. The General Services Administration (GSA) is 
in its tinal selection process for an architect-engineer 
firm which will design the facilities required, It is 
understood that GSA will have an A&E under contract by 
mid-May 1977, 


3, Recommenidation: It is requested that a physical 
security snd satety survey be performed in the future SAFE 
computer facilities and a final report issued by 15 May. This 
report should include details necessary to be incorporated 
into the contract design effort. 7 anaaarrees STATINTL 
OL Project SAFE ailable to work with you and 
can be contacted Also attached is: 


a. A memo dated 11 March 1977, which was 
sent to the Chief, Safety Branch/0S, which contains 


a scope of work prepared for GSA and which techni- 
cally describes these facilities. 


OL 7 1742 
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SUBJECT: SAFE Site Surveys 


b. A letter dated 21 December 1976 sent to 
GSA with the same scope of work which describes 
the relation to various OL/RECD projects which 
support the SAFE system. 


STATINTL 


3 Atts 


cc: OS/Project SAFE Coordinator, w/atts 
C/SPS/ODP, w/atts 


Distribution: 
Orig - Addressee, w/atts 
1 - OL/RECD/HEB Official, w/atts 
ix - OL/RECD, w/atts 
1 - OL/RECD/R§&FU, w/atts 
1 - OL/RECD/HEB Chrono 
1 OL Reader 


STATINTL o1/RrEcD/HEBL]iteq | (21 Apr 77) 


Approved For Release 2002/09/05 : CIA-RDP86-01019R000200060012-5 


STATOTHR 


STATINTL Approved For Release 2002/09/05 : CIA-RDP86-01019R000200060012-5 


Approved For Release 2002/09/05 : CIA-RDP86-01019R000200060012-5 


: . / | f 
Approved For Retaase 2002/09/05 : CIA-RDP86-01019R006200060012-5 


11 HAR 1977 


MEMORANDUM FOR: Chief, Safety Branch, Office of Security 


STATINTL = FROM : 
Chief, Headquarters Engineering Branch, RECD/OL 


SUBJECT — : Project SAFE Facilities and Utilities 


t 


1. This letter is to advise you of forthcoming design work for the | 
preparation of facilities and utilities required for Project SAFE. This 
new major computer center will support approximatelyL _—s|DDI -user STATINTL | 
. analysts -in the Headquarters Building. The first phase, due in mid-1978, 3 
will complete: approximately one-half of the required 20,000 sq. ft. of 
anvironmentally-controlled computer space and 3,000 sq. ft. of support — . 
area containing both 60 and 415 Hz Uninterruptible Power Supply (UPS) 
Systems. While the site selection has not yet been finaltzed, the six — 
<) -gontending alternatives are on either the ground or first floor of the 
2 eye northeast quadrant of the Headquarters Building. IM ghee EUR 
ore eae Temple a cee, Ok, Seer ee gee | ae : re eee 


"= 92° The attached scope of work was sent to the General Services > 
Administration (GSA) in order to initiate the selection process for acon- 
tract Architect-Engineer. It is anticipated that the design will be = == 
‘completed in the 1 May to 15 September 1977 period. When the final site is 
selected, a formal request for a physical security and safety survey will 
be prepared. While additional peculiar considerations may be germane to 
that site, it 1s anticipated that the general requirements will be similar 
to those prepared ‘for the 1D16 Computer Room Expansion, GJ16 60 Hz UPS , 
room, the B Yault 415 Hz UPS room, and the QJCS 60 Hz UPS system in the 


Director's driveway. | STATINTL . 
3. The Office of Logistics Project SAFE Coordinator is Mr. os 
STAT 


STATINTL [=] and he can be reached on extension for additiona 
information regarding this project. . 


STATINTL 


Chief, Architectural Design Staff, LSD/OE; sia Chief,. LSB/Ok 
Chief, Special Projects Staff, ODP oe a ae. ae 
OS Project SAFE Coordinator 


ig) 
fo 


OL 7 100°" 
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Northside Computer Center 


ar. fanneth A. Jacobson, Director 
Repair and Alteration Divisies 
Regional Public Buildings Service 
Seneral Services Acainistration 
Yashington, D0. C. 20405 


Dear fr. Jacobson: 


The enclosad scope of work for Architect-engincer {ASE} services. 
deseribes the facilities and supporting utilities required for tha new. . 
Rorthside Computer Center at tha Central Intelligence Agency Haadquarters. 
Building. Included are: Renovation of approximately 20,000 square feet 
of environmental ly-controlled computer space and servica areas which will 
operate continuously: construction of 4 }5O=2000 EVA electrical distrfbution 
systea from an existing transformer vault {C Yault expanded) te the afore=— - 
mentioned center through separate, Agency-furnished Unintarruptibla Power. 
Supply (UPS) systess for 60 Hz (1500 KYA) and AY5 Hz (300 EVA} powers ex- 
tension of the existing central plant/house chilled-water piping system ta 
provide approximately 409 tons of air-conditioning casacity; and the expan- 
sion af the existing low voltage electrical distribution riser system fer the 
antira Headquarters Building (te suppert user coaputer terainal areas). 


The aforenentioned € YanIt expansfon design wil] raflect the concen- 
trated load requireuents of the Sorthsida Computer Center and ts betag 
accomplished through use ef Agency resources. A separate work authorization 
covering complete Installation will be issued t¢ the General Services 
Administration (GSA) shortly. ; 


The Data Grid connecting the new computer center to user tarninal 
areas will be develogad concurrently using broad band communication 
techniques. etailed engineering and construction plans will be 
dasiqmed by an electronic system encineering #ira and installed as 
aart of the computer iastallations using Agency rasources. 


“Nnor renovations of the computer user areas te cluster terminal 
devices will be destaned using In-house Agency resources a5 the syste 
oyows in the 1973-1581 perfod. If is anticipated that this construction 
sill utilize the GSA Suiidings Hanager's group forces or term eontrace 
tors. 
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The acquisition and preparation of additional new space outside 
of the Headquarters Sufiding In support of this project will be han~ . 
Aled senarataly. : 


The engineering plans and specifications for the installation of 
the second 2500 ki generator have been reviewed by GSA. Tha York 
authorization Hos. 76«2683 and 76-2689 covaring installation of this 
Agency-nurchased equipment are already being processed by Repair and 
Alteration Division personne). 


- The aforenentioned engineering olans provided fer the potential 
requireuent of a third 2500 kW generator to support this new coaputer 
center. Completion of datatled engineering for this installation will 
be accawplished usiag Agency resources. A separate work authortzatton 
covering installation of this Agency-furnished generator will be farth- 

coming based on the completion of an ongoing engineering evaluation. 


Pursuant to our joint meeting of 29 November 1975, this scope 
of work is submitted fn order to initiate the ALE selection process. 
- § new work authorization ts being forwarded to establish and fund this 
- dasion project. The target construction caspletion date of the approx= 
mately 10,000 square feet initial phase of tha computer center is 
_ peconfirmed as 1 duly 1978 Correspondingly, the 60 and 415 Hz UPS 
should be available in a sisdlar time frame. 


Wa Took forsard to working with you an this challenging project. 


Sincerely, 


| STATINTL 
i Chtef 
Real Estate and Construction Division, 3% 

Ene. 
co: Mr. dames 8. Stewart, Acting Director 

Construction Management Division 
cc: Mr. Lynn Young, Buildings Manager 

McLean Field Office 

. : : 22DdDee fe 

Distribution: Glass thw A 

Orig. - Addressee, w/enc. COIR So is. 

- OL/RECD/HEB Official, w/enc. STATOTHR 


}. = OL/RECD, w/enc. 


; 1 - OL/RECD/R&FU, w/enc.  * 
STATINTL Apprqvad gomealnase 2988109/05 : ClA- : (Letterhead) 
7 = P/ANP/SPS.. w/enc. OLARECS ME 2 (20 Dec 76) oe 
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